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BILL NO. S-87-03- // 


SPECIAL ORDINANCE NO. Pay Se Ge 


AN ORDINANCE approving Change Order 
No. 1 (Final) for Contract 86-XP-4, 
Wallen-Coldwater Roads Off Site 
Main Extension, with Scheidleman 
Excavating, Inc., in connection 
with the Board of Public Works 

and Safety of the City of Fort 
Wayne, Indiana. 


NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 





OF THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1 (Final) for Contract 
86-XP-4, Wallen-Coldwater Roads Off Site Main Extension, with 
Scheidleman Excavating, Inc., in connection with the Board of 
Public Works and Safety, for: 

the reason for this Change Order 
is because bore of water main under 
Coldwater Road was added, as per 
requirement of Allen County High- 


way Department after bidding; 


involving a net increase of Seven Thousand Five Hundred Nine 





and 68/100 Dollars ($7,509.68), all as more particularly set 
forth in the specifications, and which is on file with the Office 
of the Board of Public Works and Safety and is by reference incor 
porated herein, made a part hereof, and is hereby in all things 
ratified, confirmed and approved. 

SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 
approval by the Mayor. 
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oxberger, City Attorney 
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AA , and duly 


by the following vote: 


seconded by 


place ‘on. its 
passage. PASSED 
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SANDRA E. KENNEDY, CITY CEBRK 
Passed and adopted by the Common Council of the City of Fort 


Wayne, Indiana, as (ANNEXA E 


(SPECIAL) (ZONING-MAP) ORDINANCE (resozurrom) no. A SOFÍA 


on the eZ S As day of A E ME. TEA je ES E 
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SANDRA E. KENNEDY, CITY CLER 


ort Wayne, Indiana, 
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Presented by me to the Mayor of the City of 


on the X Sab day of DE 
at the hour of AL TO A m .M.,E.S.T. 
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SANDRA E. KENNEDY, CITY CLEÉK 
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WIN MOSES, JR., MAYOR 
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‘ Admn. Anor. 
“TITLE OF ORDINANCE Change Order #1 (Final) for Contract 86-XP-4', Wallen Rd. 
i Seawater kd reas 
DEPARTMENT REQUESTING ORDINANCE BO@rd of Public Works £ Safety sare 


re a L > TA LA A 
SYNOPSIS OF ORDINANCE The reason for Change Order #1 for Contract 86-XP-4, 
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Wallen Rd./Coldwater Rd. Offsite is because bore of water main unde 





Coldwater Road was added, as per requirement of Allen County Highwa 





after bidding. Scheidleman Excavating, Inc. is the contractor. 
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EFFECT OF PASSAGE to facilitate completion of project 
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MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase of $7,509.68 
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CHANGE ORDER Contract No. 86-XP-4 


Change _Oyder No. ait (FINAL) Resolution No. © --- 
Project No ` Board Order No. 140-86 
Name of Proj ect WALLEN RD. WALLEN RD./COLDWATER RD. OF RD. OFFSITE Date February 20, 1987 
To: SCHEIDLEMAN EXCAVATING, INC. d 
(Contractor) 5 - 


ALA Opita Ne 
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Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans 
and specifications: 







CITU O Descrip tion of Change jo | Change in Contract Price 
tials 7 Meee Unit Price 


S jaen. sl so GA 218 — E es 1,124.68 
OS a EA. a o eae x 45° ELL 190.00 | 380.00 | 00 


24" CASING PIPE, 469 THICKNESS | 123.00 aes 6,765.00 


Total Decrease 








Total Increase 
Net (maraxa) (Increase) Contract Price 


The sum of $ 7,509.68 is hereby (added to) tiedacradxéxam) the total contract price 
and the final contract price shall be adjusted as follows: 


Original Contract Price $ 89,271.50 
Current Contract Price Adjusted by Previous Change Order $ 92 

New Contract Price Including This Change Order $ 96,781.18 

The time provided for completion in the contract for this project is (unchanged) (ixreresmed) 
(kaaneaaed) by --- calendar days due to this Change Order. The date for completion 
of all work shall be same . Furthermore, this document shall become an 

amendment to the contract and all provisions of the contract shall apply hereto. 










Recommended by: Date 
Accepted by: Date 
Approved dy ot ‘(Director of Water Resources)pate 
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Resolution No. 


i 
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Board Order No. 140-86 
REQUEST_AND JUSTIFICATION FOR CHANGE 
Necessity for change: BORE OF WATER MAIN UNDER COLDWATER ROAD WAS ADDED, AS PER 


REQUIREMENT OF ALLEN COUNTY HIGHWAY DEPARTMENT AFTER BIDDING. 


























Will proposed change alter size of the project? Yes No X 


If yes, explain 
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Albert H. Lichtsinn, e Engineer 


BILL NO. S=87=03=1Ed 


CEPYSUTEBETIES 


REPORT OF THE COMMITTEE ON $ 
A o MEL. - CA 


CITY -UTILITIES 


WE, YOUR COMMITTEE ON ; TO WHOM WAS 
eee 


REFERRED AN (ORDINANCE)  (RESANYWREON). approving Change Order _ 


No. 1 (Final) for Contract 86-XP-4, Wallen-Coldwater Roads OFF 
Site Main Extension, with Scheidleman EXCavating). Inc. in 
connection with the Board of Public Works and Safety: of the GITY 


City of Fort Wayne, Indiana 
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HAVE HAD SAID (ORDINANCE) (RESOfPPESN) UNDER CONSIDERATION AND BEG 


¿LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 
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CONCURRED IN PL Y Va jf SANDRA E. KENNEDY 
CITY CLERK 


